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NOTIFICATIONS BY GOVERNMENT 


GOVERNMENT OF ANDHRA PRADESH 
ABSTRACT 


*** 


Water Resources Department Minor Irrigation " Restoration of Right 
Main Canal and Head works with Ring Bund of Pincha Project near Pincha 
village H / o Mudumpadu ( V ) in T.Sundupalli ( M ) of YSR Kadapa District 
( Annamayya District ) " including Land acquisition - Revised Administrative 
Approval for an amount of Rs.84.33 crores - Accorded - Orders Issued . 

WATER RESOURCES ( ERD / A1 ) DEPARTMENT 


IIIII 


RIGHT TO 
INFORMATION 


- 


G.1208 


Dated : 02.11.2022 
Read the following : 


G.O.Rt.No.353 , Water Resources ( MI - R ) Department , 

dated : 13-09-2021 . 

Irrigation , 
Project / 

From the Chief Engineer , Minor & Medium 
Vijayawada , Lr.No.DCE - II / OT1 / T1 / KDP / Pincha 
Restoration of right main canal and head Works with Ring 
bund / RE / 2022 , dt : 12.08.2022 . 


ORDER : 


In the G.O 1st read above , orders were issued according 
administrative sanction for the work " Restoration of Right Main Canal and 
Head works on Ring Bund of Pincha Project near Pincha village H / o 
Mudumpadu ( V ) in T.Sundupalli ( M ) of YSR Kadapa District ( Annamayya 
District ) " for an amount of Rs.590.00 Lakhs . 


2. In the letter 2nd read above , the Chief Engineer , Minor & Medium 
Irrigation , Vijayawada while explaining the circumstances and submitting 
the revised estimate has requested to accord revised administrative 
approval for the work " Restoration of Right main canal and head works on 
Ring bund of Pincha Project near Pincha village H / o Mudumpadu ( V ) in 
T.Sundupalli ( M ) of YSR Kadapa District ( Annamayya District ) " including 
Land acquisition , for Rs.84.54 crores . 


3. After careful examination of the proposal , Government hereby accord 
revised administrative approval for the work " Restoration of Right Main 
Canal and Head works with Ring Bund of Pincha Project near Pincha 
village H / o Mudumpadu ( V ) in T.Sundupalli ( M ) of YSR Kadapa District 
( Annamayya District ) " including Land acquisition , 
acquisition , for an amount 
of Rs.84.33 crores ( Rupees Eighty four crores and thirty three lakhs only ) 
as detailed below : 


S.No 

I 

Part - A 

( i ) Investigation and preparation of Detailed 


II 

( i ) 


III 

i ) 


ii ) 


Project Report 

Part - B 


Description of item 


Restoration of Right Main Canal & Head works 
with Ring Bund 

Sub Total ( Civil works ) 


LS Provisions : 

Price Adjustment , GST @ 18 % , NAC@0.1% , 
Seigniorage charges & other Miscellaneous 
works 

Land Acquisition ( 19.91 acres @ Rs.3,55,710 / 
per acre ) 


Amount ( Rs . ) 


20,00,000 


68,12,57,936 

68,32,57,936 


15,29,59,878 


70,82,186 


16,00,42,064 

Sub - Total ( LS Provisions ) 
Grand Total ( I + II ( A ) & ( B ) + III ) Rs.84.33 Crores 


4. The Chief Engineer , Minor & Medium Irrigation shall ensure the 
following before according technical sanction : 


i 


ii 


iii 


iv 


The correctness of the provisions , quantities , leads & rates 
proposed in the estimate . 

As the estimate is prepared with the approved design / drawings 
issued for the estimate purpose only by the CE / CDO , the 
working design / drawings shall be obtained from the CE / CDO . 
The sand rates shall be adopted as per the latest sand policy of 
the Government . 


GST @ 18 % is subject to the issue of Government instructions / 
orders . 


5. The amount sanctioned in para ( 3 ) above shall be debited under the 
Head of Account ' 4702-00-101-11- ( 16 ) -530 / 531 - OE ' and ' 4702-00-101 
11- ( 12 ) -530 / 532 - lands ' . 


7. This order issues with the concurrence of Finance ( FMU - WR.I ) 
Department vide their U.O.No.FINO1 - FMUOMRAS ( WR1 ) / 19 / 2022 - FMU 
WR - I ( Computer No : 1826751 ) , dated : 01.11.2022 

8 . 

Copy of the order is available in the apegazette.cgg.gov.in website . 

( BY ORDER AND IN THE NAME OF THE GOVERNOR OF ANDHRA PRADESH ) 


6. The Chief Engineer , Minor & Medium Irrigation , Vijayawada shall take 
necessary action accordingly . 


SHASHI BHUSHAN KUMAR 

PRINCIPAL SECRETARY TO GOVERNMENT 


To 

The Chief Engineer , Minor & Medium Irrigation , Vijayawada . 
Copy to : 

The Accountant General , Andhra Pradesh , Vijayawada . 

The Director of Works Accounts , Andhra Pradesh , Vijayawada . 

The Finance ( FMU - WR.I ) Department . 

The PS to Secretary to Hon'ble Chief Minister . 

The PS to Hon'ble Minister ( WR ) . 

The PS to Principal Secretary to Government , WRD . 

SF / SCS . 

// FORWARDED :: BY ORDER // 


SECTION OFFICER 


